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INFORMATION PAPER 


IAGPA-F-SD 
20 Aug 84 


SUBJECT: Project CENTER LANE Funding Requirements (U) 


ISSUE; CENTER LANE Proposed Funding Requirement for FY85 (U) 


FACTS. 

1, (S/CL-3/N0F0RN) The CENTER LANE total funding requirement 
for FY85 is estimated at $565,000. The estimated figure was 
derived using contractual and consultant fees for further 
trainings TDY expenses, anticipated civilian salaries, and costs 
of supplies, services,- and rental fees. The figure does not 
include military salaries. A detailed breakdown is provided 
below: 

Training $20 OK 

(Continuation of CRY training) 

Consultant Services 10 OK 

Travel 16 5 K 

Civilian Salaries (3 personnel) 80K 

Miscellaneous 2 0 K 

(Rental and maintenance contracts, 
purchase of supplies and equipment, 
etc.) 

2. (S/CL -3/NO FORN) The estimated figure for consultant 

services includes $5 OK for continuation of work currently being 
done by SRI-International on Extremely Low Frequency (ELF) 
electro-magnetic radiation and the "Search" Problem. These 
efforts are essential for further development in the field and 

should be considered. The additional $5 OK is planned for new 

contracts for training and evaluation of recently assigned 
personnel. 


WARNING NOTICE: CENTER LANE 5PECIAL ACCESS PROGRAM 

RE5TRICT DISSEMINATION TO THOSE WITH VERIFIED ACCESS 
TO CATEGORY THREE (3) 

SENSITIVE INTELLIGENCE SOURCES AND METHODS INVOLVED 
NOT RELEASABLE TO FOREIGN NATIONALS 
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